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Message Text 

UNCLASSIFIED 

PAGE 01 BANGUI 01855 261734Z 
ACTION OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO SY-05 OCL-OO FBOE-OO 
A-01 /023W 

073976 270219Z/66 

R 261545Z AUG 77 
FM AMEMBASSY BANGUI 
TO SECSTATE WASHDC 9175 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY ACCRA 
AMEMBASSY LAGOS 
AMEMBASSY MONROVIA 

UNCLAS BANGUI 1855 

STATE FOR OC/PE, A/SY/NSU, ABIDJAN FOR TSO, ACCRA FOR RCO, 

LAGOS FOR SO, MONROVIA FOR ATO 

E.O.l 1652: N/A 
TAGS: AFAC, ASEC, NSU 
SUB J : CCC-NOB 

REF: STATE 203094 (NOTAL) 

1 . DO HAVE 60KVA TRANSFORMER ON SITE. HAVE NOT RECEIVED THE 
MISSING PORTION OF THE SUSPENDED CEILING AS YET. 

2. WORK LEFT FOR THE CONTRACTOR TO DO IN VAULT IS: (A) PAINT 
WALLS AND HANG ALL DOORS. (B) ALL PLUMBING WORK. (C) INSTALL 
ELECTRICAL SERVICE. DO NOT HAVE A FIRM DATE AS YET WHEN WE CAN 
EXPECT THE SERVICE TO BE SUPPLIED TO NOB. THIS IS DUE TO POOR 
WEATHER AND ROAD CONDITIONS AND TRUCKS NOT BEING ABLE TO BRING 
REQUIRED CABLE, ETC. TO BANGUI. 

3. SEABEES FOR ELECTRICAL INSTALLATION ARE NOW AT POST AND 
PLANNING, ETC. IS NOW UNDERWAY. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 BANGUI 01855 261734Z 

4. AIR CONDITIONING OPENINGS ARE BEING ENLARGED TO ACCOMMODATE 
LARGER UNITS ON POST.SMITH 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 26-Aug-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977BANGUI01855 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D77031 0-0204 
Format: TEL 
From: BANGUI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 9770821 /aaaaaqts. tel 

Line Count: 57 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: ab80e852-c288-dd11-92da-001cc4696bcc 
Office: ACTION OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 STATE 203094 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 07-Dec-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 1478491 
Secure: OPEN 
Status: NATIVE 
Subject: CCC-NOB 
TAGS: AFAC, ASEC, NSU 
To: STATE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/ab80e852-c288-dd1 1-92da-001cc4696bcc 
Review Markings: 
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